EPA  REGION  9 
USCG  GENERIC  lAG 
WORK  AUTHORIZATION  FORM  (WAF) 


Date:  Augusts,  2015 

Original  Increase Decrease 

1.  SITE  NAME:  Gold  Kina  Mine 

2.  WAF  ASSIGNMENT  TITLE:  Highland  Plating 

3.  WAF  ASSIGNMENT  NUMBER:  WAF(R9)  - CPN  - 4.  REVISION  NO: 

5.  lAG  NO.: 

6.  EPA  SITE  ID  NO.:  ACTION  CODE:  ^ OPERABLE  UNIT:  00 

9.  USEPAOSC  NAME:  Robert  Wise  PHONE:  562-889-2572 

11.  PERIOD  OF  PERFORMANCE  FROM:  08/09/2015  TO:  09/01/15 

12.  FUNDING 


Previous 

$ OO.OC 

This  Action 

$ 43,000.0C 

New  Total 

$ $43,000.0C 

13.  SCOPE  OF  WORK 

The  PST  will  provide  the  following  assistance  to  the  OSC: 

• The  PST  will  provide  assistance  to  the  Area  Command. 

• Provide  Planning  Section  Chief,  Situation  Unit  Leader  and  Site  Safety  Officers 

• Provide  water  safety  specialists  and  boat  specialists 

• Provide  assistance  to  OSC  in  sampling  operations. 

• Provide  a daily  site  safety  overview  of  site  activities  in  writing;  and 

• Provide  a weekly  cost  report. 

• Provide  up  to  10  personnel  for  3 weeks. 


14.  PRIMARY  CONTACTS 
I Robert  Wise,  562-889-25^ 


15.  SCHEDULE  FOR  ASSIGNMENT  ACTIVITIES  AND  DELIVERABLES 


Deliverable 


Due  Date 


2413191 


ED  000552G  00007467-00001 


Daily  safety  overview 


Daily 


Weekly  cost  report 


Weekly 


16.  ACCOUNTING  INFORMATION 


BFY 

Appr 

PRC 

Org 

DCN 

Site  Project 

Cost  Org 

Amount 

TBD 

AUTHORIZATION:  Authorization  is  hereby  given  to  USCG  to  provide  technical  assistance  work  as 

provided  for  in  the  generic  lAG  and  within  the  scope  of  work,  budget,  and  schedule  as  described  in  this  WAF. 
Sufficient  funds  are  available  in  the  generic  lAG  to  support  this  WAF. 


Barbara  Lee 
Regional  Project  Officer 

cc:  Jeff  Marsala,  EPA  Cincinnati,  Financial  Management  Center 
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